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To His Excellency A. W, RANDALL, 
Governor of the State of Wisconsin: 


We herewith make our Fourth Annual and last report, comple- 
ting the erection of one building for a State Reform School, the same 
having been. finished according to the contracts, plans and specifica- 
tions heretofore approved and accepted by the State. 

It was made ready for use and delivered to the State on the 25th 
day of July, A. D. 1860, since which time it has been occupied for 
uses intended, under the direction of a’ Board of Managers provided 
by law for that purpose. In completing fhe’ work, numerous small 
additions had to be made to the carpenter, joiner, iron, and plumbing 
work, that were not and could not well be-provided for in former esti- 
mates: yet they were absolutely necessary ‘in order to make a com- 
plete job; therefore the Commissioners were compelled, in order to 
fully complete said building, to exceed the appropriation heretofore 
made in a small amount. ‘It will be seen, by the report of the Treas- 
urer that there has been overpaid by himjmore than he has regeived, 
the sum of $850 34, and.there is due for work and expenses on 
the erecting of said building, the following sums: 


Due L. Hill, for ex. of working plans,.. PET $15 00 ° 
‘¢ H., McGarry, for painting, «es.esssverssesesoreso 
‘¢ T. D. Cook, on building cisterns, &¢.,.--...eease0++ 184 95 


“M. Mitchell, as Commissioner, .asessesssrvessmeuse 7I 00 
‘¢ Mygatt & Schmidtner, architects,.. igbeaeg atest. “ae. se 
‘¢ E. Palmer, as Superintendent,.....eeceveeecsnecee 140 80 
‘¢ James Pool, blacksmithing,.......cersee- seamass we 4 88 

Balance overpaid by Treasurer as per items in Report,,. 850 34 | 
INOW due,sesoaseesossosee cima Nowa’ sesono eei Ql, 325 67 


Hor which we ask that an appropriation be made by the Legislature 
for the special indebtedness at an early day of the Session, as the 
sums paid and due to workmen haye been of several months stard- 
ing. “a : 
“All of which is respectfully submitted. 

MARTIN MITCHELL, 

EDWIN PALMER, 

W. D. BACON, 


Commissioners. 


$ REPORT OF W, D. BACON, TREASURER, 
From October Lst 1859, to. July 25, 1860. 
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1859. On what ,accounkpaid, Received. | Disbursed. 


October 1. |Amount on hand (see last report) $490 99 
. less $222 30 due W. D. Bacon for ser- 


i vices as Commissioner to date..... ...| $268 69 
October 26.|To paid L. Hill on contract for carpenter 
WOPK po scccgenscsseesereccesvocnss pecan nnee $175 00 
Nov. 7.. .|To paid Green & Button for white lead.|..........] 14 25 
Nov. 15... L. Hill on contract for carpenter}. 
WOE sos E E ins he oaeee eenean 300 00 
Nov. 22...|M. Mitchell services as commissioner...|.....-.... 44 50 
R. M. Kimball for lumber, se sxcacisigeisis|yinas's 33 oh: 10 ,60 
1860. : 
March 24. [Received from State Treasurer appropri- 
‘ ation for S. R. School.........-..... 15,000 00 
Paid W. D, Bac®n services as commission- 
er and travel to Dec. 31, 1859. .....lijee cee eeeee 812 00 
L. Hill bal. on contract for carp’tr work.|.......... 990 22 
March 26.'David Barnes & Co. on stone work......{....-..... H 1733 90 
April 83..'L. Hill on building fence as per contiauy..........; ._118 58 
April 28..|T. D. Cook on stone Work... cccccceeeclecsoeeeees| 1729 50 
C. Davis on stone Work. se.essssecsoerojeossscgses 65 08 
May 4....|J. M. Hurlbut painting fence.........2clecereeeees 42 65 
May 7....(Jamees Welch labor... ccc ss ceceee ee ceelesceeesces 1 50 
a  [Mrs. Sleep labor. .s.sssssesresesorrseejeeseneeree 2 25 
E. Palmer sand paper etc........ T leet ueaeds 2 15 
May 10.../Shomacher & Johnson iron work......../eceeseeees 935 20 
May 16...|M. Mitchel? as SEn PP A EEA ’ 30 00 
jane 9...|L. Hill work on tank .......... SERRES poe Aiakas 10 60 
une 13.. |Otto-& Popert forjoiner work.......... T ..| - 3249 00 
Otto & Popert extrajoiner work...... e T 661 79 
June 14.,/M. Mitehel-as commissioner............[.. ere 45 00 
Jun 19-27/E. Palmer as superintendant........ O ee ae 889 10 
June 20..|T. D. Cook on building cistern..........[..ecceeeee 128 50 
June 28../W. S.-Brown plumbing.........cseceecsleceeeeeees 1496 05 
Hen. Popert-extra joiner work..........|scseeeeees 211 00 
S. A. Harrison plastering.......+...eee[eceeseeee ap 2085 77 
‘IN. S. Pitken tin troughs for eaves, &c..|... RRE 46 00 
White & Bean for lumber..... re er ren wee} © 40 34 
Robert Gregory glazing windowS........[e.eeeseees 8 00 
W. D. Bacon 114 bushels clover $9, and 
1 bushel timothy $2 50, to seed land..|......008. 11 50 
W. D. Bacon 444 M. brick. ....cscseceselreseasess 20 00 


Jaly 12.../H. McGarry on contract for painting....}...ecesees 375 00 
W. D. Bacon, from Jan. Ist to July 25, 
1860, settling aceounts, disbursing 
money, and services a8 commissioner, 

aiid tavel casis deina eos ee ieaie] $84 00 


f 


$15,268 69) $16,119 03 
a ! "18,268 69 


tastes mesa 


i 


i 
į Balance due Treasurer. sesselesssveeeee! 850 $4 


